SECTION 01525 
FIELD OFFICES 

PART1 GENERAL 

1.01 SECTION INCLUDES 

A. Temporary field offices for use of the Contractor. 

1.02 RELATED REQUIREMENTS 

A. Section 01 500 - Temporary Facilities and Controls: 

1 . Temporary telecommunications services for administrative purposes. 

2. Temporary sanitary facilities required by law. 

1.03 USE OF EXISTING FACILITIES 

A. Existing facilities shall not be used for field offices. 

1 .04 USE OF PERMANENT FACILITIES 

A. Permanent facilities shall not be used for field offices. 
PART 2 PRODUCTS 

2.01 MATERIALS, EQUIPMENT, FURNISHINGS 

A. Materials, Equipment, Furnishings: Serviceable, new or used, adequate for required purpose. 

2.02 ENVIRONMENTAL CONTROL 

A. Heating, Cooling, and Ventilating: Automatic equipment to maintain comfort conditions. 

2.03 OFFICE AND FACILITIES 

A. Quantity: Provide one field office at each site. 

B. Size: For's needs and to provide space for project meetings. 

C. Telephone: As specified in Section 01500. 

D. Furnishings in Meeting Area: Conference table and chairs to seat at least eight persons; racks 
and files for Contract Documents, submittals, and project record documents. 

E. Other Furnishings: Contractor's option. 

F. Equipment: Six adjustable band protective helmets for visitors, one 1 0 inch outdoor weather 
thermometer. 

2.04 OWNER AND ARCHITECT/ENGINEER OFFICE 
PART 3 EXECUTION 

3.01 PREPARATION 

A. Fill and grade sites for temporary structures to provide drainage away from buildings. 

3.02 INSTALLATION 

A. Employee Residential Occupancy: Not allowed on VCCS's property. 

3.03 MAINTENANCE AND CLEANING 

A. Maintain approach walks free of mud, water, and snow. 

3.04 REMOVAL 
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A. At completion of Work remove buildings, foundations, utility services, and debris. Restore areas. 

END OF SECTION 



FIELD OFFICES 01525-2 
Rappahannock Community College Renovation PC: 260-17712 

Glenns and Warsaw, Virginia 1 1/5/2009 



